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Message Text 



PAGE 01 STATE 047680 
71 

ORIGIN EA-14 

INFO OCT-01 ADP-00 PM-09 NSC-10 SS-14 RSC-01 CIAE-00 
INR-09 NSAE-00 L-03 OMB-01 T-03 SSO-OO NSCE-00 CCO-OO 
INRE-00 IGA-02 /067 R 

DRAFTED BY EA / J: JCAMPBELL; DOD: COL. WARFLE: MJA 
EXT 23152:3-14-73 

APPROVED BY EA/ J - MR. ERICSON 
OASD/I&L- LTC BISHOP 

056371 

OP 150041 Z MAR 73 

FM SECSTATE WASHDC 

TO AMEMBASSY TOKYO IMMEDIATE 

CSAF 

CINCPAC 

INFO CINCUSARPAC FT SHAFTER HI 
USADIVENG PACOCEAN HONO HI 
CINCPACFLT MAKALAPA HI 
CINCPACAF HICKAM AFB HI 
CGFMFPAC CP H M SMITH HI 
COMUSJAPAN FUCHU JAPAN 
CGUSARJ CP ZAMA JAPAN 
AREA ENGR JAPAN CAMP ZAMA JAPAN 
OKINAWA AREA ENG SUKIRAN RYIS 
COMFAIRWESTPAC ATSUGI JAPAN 
SECDEF WASH DC 
JCS WASH DC 
DA WASH DC 
CNO WASH DC 
CMC WASH DC 

CONFIDENTIAL STATE 047680 

E. 0.11652: GDS 
TAGS: MARRJA 

SUBJECT: REVISED OKINAWA REVERSION RELATED CONSTRUCTION 
PROGRAM ( RORRCP) 

CONFIDENTIAL 
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FOR DA ( DALO- INC- E) CNO( NOP-40) CSAF( AFPREP) CMC( CO) 
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JOINT STATE/ DEFENSE MESSAGE 

REF: A. TOKYO 3021 (NOTAL) 

B. SECDEF 4019/310043 Z JAN 73 

C. CINCPAC 040618 Z MAR 73 ( NOTAL) 

1 . REF B REQUIRED DEVELOPMENT OF A LISTING OF AT LEAST 
12.5 MILLION DOLLARS IN RORRCP PROJECTS AS A BASIS FOR GOJ 
REPROGRAMMING OF 12.5 MILLION DOLLARS OF JFY 72 OKINAWA 
FUNDS BY 31 MAR 73. REF C PROVIDED THIS LISTING TO OSD. 

AS AGREED IN TOKYO DISCUSSIONS 22 JAN 73. DOLLAR ESTIMATES 
PROVIDED IN THESE PROJECT LISTINGS ARE NOT TO BE CONSID- 
ERED FINAL. THESE ESTIMATES WILL BE REFINED AT THE 
TIME DESIGN CRITERIA PACKAGES ARE SUBMITTED. 

2. THE REQUIRED PROJECT LISTING IS SUBMITTED IN 2 
PRIORITY GROUPS: 



A. PRIORITY ONE: FUTENMA UPGRADE ( PARA VI AND 
VII REF B AND NAVY SECURITY GROUP ACTIVITY PROJECTS.) 



IDENTNO. PROJECT TITLE SCOPE EST COST 
($ 000 ) 

N-F-l RUNWAY OVERLAY 133,333 SY 352.4 

N-F-ll RUNWAY APPROACH 1,5001 F 196.4 

LIGHTS 

N-951 CONCRETE RUNWAY, 16,667 SY 482.0 

SOUTH END 

MC-555 HELICOPTER SUPPORT LS 1,992.0 

FACILITIES 

N- O-l OPERATIONS BLDG 5.960 SF 291.0 
ADDITION ( HANZA) 

TOTAL 3,313.8 



B. PRIORITY TWO: KADENA PROJECTS WHICH MUST BE 
COMPLETED PRIOR TO NAVY/ MARINE CORPS AIRCRAFT RELOCATION 
FROM NAHA. THIS LISTING TOTALS 21,060,000 DOLLARS AND 
IS SUBMITTED IN ORDER THAT GOJ MAY SELECTIVELY REPROGRAM 
PROJECTS WHICH BEST FIT THEIR DESIGN AND CONSTRUCTION 
CAPABILITY. 
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IDENTNO. PROJECT TITLE SCOPE EST COST 
($000) 

AF-K-126A BACHELOR ENLISTED 1.151 MN 5,582.0 
QUARTERS 

AF-K-127A BACHELOR OFFICER 132 MN 1,716.0 
QUARTERS 

AF-K-100 APRON 106,000 SY 2,900.0 

AF-K-101 TAXIWAY AND 36,300 SY 690.0 
ACCESS 
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N-K-200 VP HANGAR 52,610 SF 1,578.0 
N-K-201R VC/ STATION HANGAR 47,610 SF 1,536.0 
N-K-202R MARINE ROTATIONAL 24,098 SF 723.0 
HANGAR 

N-K-205 R AIRCRAFT LINE 507 SF 13.0 
MAINTENANCE CREW BLDG 
N- K-207 R AIRCRAFT OPERA- 8,800 SF 352.0 
TIONS BLD 

AF-K-102 PHOTO BLDG ( ADDN/ 7,600 SF 170.0 
ALTER) 

AF-K-103 BLAST DEFLECTOR 2,600 LF 65.0 
FENCE ( RELOCATE) 

N- K-208 AIMD ( ADMIN & 35,000 SF 875.0 

SHOPS) 

AF-K-105 ENGINE TEST CELL 1 EA 50.0 
RELOCATION 

AF-K-106 CALIBRATION LAB 3,600 SF 72.0 
( ADDN/ ALTER) 

N-K-212 GSE SHOP 10,000 SF 250.0 
N-K-213 MISSILE ASSEMBLY 900 SF 45.0 
BLDG 

N-K-215A HE MAGAZINE 4,950 SF 198.0 

N-K-217 READY SERVICE 900 SF 18.0 

MAGAZINES ( FLT. LINE) 

N-K-221 WAREHOUSE, 8,000 SF 160.0 

READY SUPPLY 
CONFIDENTIAL 
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N- K-223 


MISSILE/ ARMA- 


4,120 SF 


29.0 


MENT MAINT BLDG ( REHAB ) 




AF- K-108 


TAXI THROUGH 


1 EA 


50.0 


RINSE FACILITY 






AF- K-109 


ARRESTING GEAR 


2 EA 


100.0 


N- K-225 


TSC HARDSTAND 


630 SY 


117.0 


N- K-226 R 


COMM CONTROL 


550 SF 


28.0 


LINK BLDG 






N- K-229 


SURVIVAL EQUIP- 


3,600 SF 


144.0 


MENT SHOP 






N- K-230 


BOMB BUILD- UP PAD900 SF 


44.0 


AF- K-129 


WASH RACK 


LEA 


50.0 


MODIFICATION 






A-0-1201 


ADMIN FACILITY 


21,500 SF 


950.0 


N- 0-3 


TARGET MAINT FAC 


' 12,750 SF 


300.0 



( WHITE BEACH) 

AF-K-110A UTILITIES/ ROADS LS 2,945.0 
TOTAL $21,060.0 

3. A THIRD GROUPING OF PROJECTS WHICH MUST BE UNDER 
CONSTRUCTION AT KADENA PRIOR TO NAVY/ MARINE RELOCATION 
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FROM NAHA IS UNDER DEVELOPMENT. THIS GROUP AMOUNTING 
TO APPROXIMATELY 10 MILLION DOLLARS WILL BE SUBMITTED 
FOR FUNDING IN THE JFY 74 BUDGET. 

( SUKIRAN) 

4. IN ADDITION TO PARA 3 EMBASSY SHOULD REMIND GOJ THAT 
ADDITIONAL PROJECTS ARE CURRENTLY UNDER DEVELOPMENT TO 
SUPPORT PROGRAMMED AIR FORCE MISSIONS. ADDITIONAL PROJECTS 
FOR FAMILY HOUSING AND COMMUNITY SUPPORT FACILITIES AT 
KADENA AND ARMY BACHELOR HOUSING AND SUPPORT FACILITIES 
AT MACHINATO ARE CURRENTLY UNDER DEVELOPMENT. THESE 
FACILITIES MUST BE COMPLETED BEFORE US CAN COMPLETELY 
VACATE NAHA. 

5. PARA IXB REF A IDENTIFIES USG COMMITMENT TO DELIVER 

A DESIGN PACKAGE FOR SITE DEVELOPMENT/ ROADS/ UTILITIES BY 
1 JUNE 1973 IN ORDER TO FACILITATE EARLY CONSTRUCTION 
START AT KADENA. SITE SELECTIONS HAVE ELIMINATED A LARGE 
SCALE SITE DEVELOPMENT PROJECT AND THEREFORE SITE 
DEVELOPMENT APPLICABLE TO INDIVIDUAL FACILITIES WILL BE 
CONFIDENTIAL 
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IN THOSE PROJECTS. PROJECT AF- K-l 10 A. 2,945 MILLION 
DOLLARS, IS THE FIRST INCREMENT OF THE TOTAL ROADS AND 
UTILITIES REQUIREMENT. ADDITIONAL INCREMENTS WILL BE 
IDENTIFIED LATER. AF IS REQUESTED TO INITIATE DESIGN 
PACKAGE PREPARATION TO MEET THE 1 JUNE DATE. EMBASSY 
SHOULD INSURE THAT GOJ INCLUDES THIS PROJECT AS WELL 
AS ALL PRIORITY ONE PROJECTS ON THE REPROGRAMMING LIST. 
ALSO REQUEST EARLIEST ADVICE AS TO GOJ SELECTION OF PRO- 
JECTS FOR REPROGRAMMING SO THAT DESIGN CRITERIA 
PACKAGE PREPARATION CAN BE EXPEDITED. 

6. FYI. WITHIN THE ABOVE LISTED PROJECTS, ALL PRIORITY 
ONE PROJECTS AND 9.5 MILLION DOLLARS OF THE PRIORITY TWO 
PROJECTS (LIST 21.1 MILLION DOLLARS) ARE CHARGEABLE NOW 
TO THE 65 MILLION DOLLARS ACCOUNT. GOJ WAS INFORMED 
DURING JANUARY SCC MEETING THAT ADDITIONAL COSTS WOULD 
BE INCURRED IN ACCEPTANCE OF THEIR PROPOSAL TO 
TRANSFER ACTIVITIES TO KADENA VICE FUTENMA. WE ARE 
NOW IN THE PROCESS OF IDENTIFYING THOSE REMAINING PRIORITY 
TWO AND ANY ADDITIONAL PROJECTS WHICH REFLECT THIS 
ADDITIONAL COST IN THE REVISED PLAN AND WHICH SHOULD 

THUS BE FUNDED OUTSIDE THE 65 MILLION DOLLARS ACCOUNT. 
THIS DETERMINAION NEED NOT DELAY GOJ DECISION NOW TO 
REPROGRAM THE 12.5 MILLION DOLLARS OF FY 72 FUNDS AND THE 
INITIATION OF PROJECTS AT KADENA WHICH MUST BE COMPLETED 
PRIOR TO VACATING NAHA AIR BASE. 
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7. FOR CINCPAC. THE AIR MAIL TERMINAL AT NAHA WILL BE 
ADDRESSED BY SEPARATE MESSAGE LATER. 

8. FOR CINCPAC. FULLY APPRECIATE THE EXTENSIVE COORDIN- 
ATED EFFORT LEADING TO THE COMPLETE AND TIMELY SUBMITTAL 
OF REF B. 

ROGERS 

CONFIDENTIAL 

« END OF DOCUMENT » 
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TAGS: MARR, JA 
To: TOKYO 
CSAF 

CINCPAC INFO CINCUSARPAC FT SHAFTER HI 
USADIVENG PACOCEAN HONO HI 
CINCPACFLT MAKALAPA HI 
CINCPACAF HICKAM AFB HI 
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COMUSJAPAN FUCHU JAPAN 

CGUSARJ CP ZAMA JAPAN 

AREA ENGR JAPAN CAMP ZAMA JAPAN 

OKINAWA AREA ENG SUKIRAN RYIS 

COMFAIRWESTPAC ATSUGI JAPAN 

SECDEF WASH DC 

JCS WASH DC 

DA WASH DC 

CNO WASH DC 

CMC WASH DC 

Type: TE 
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